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H/miRE OP PROPOSAL: 


The drag chute doors vlU be modified as foUotrs: 

1. Increase the space for the drag duite by eliminating the forward 
bulkhead. 


2. Increue the gauge of the outer skin from .025 to .Oi^O aluminum, 
and the^remalnlng bulkheads from .032 to 051 alumlnimi. - 



3. Add an .063 aluminum Inner skin along the vertical sides of the 
doors. 


The gauge of the bottom deflector skin will be increased ftrom .020 
to .032 steel. 




5. Re-design the striker.* plate for the latch lock to obtain adjustability 
so that the correct'^ adjustment in the locked position will be maintained. 


6. The locking mechanism will be modified in order that the doors can be 
locked from the outside by direct engagement throu^ a slotted screw. 
Existing lock euid cable system to be used. 


?• A tongue type interlock will be incorporated to eliminate fore-az:d-aft 
vibration to prevent 'in^vertent door opening during flight. 


8. Prepare and issue a Service Bulletin and faibricate kits. 


9. Modification to be auzconplished at the factory during IRAN. 
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ESTIMATED COOT FOR KITS CR PARTS : 
CuBtoner #1 



-- Total Coat Cuatoowr 

« Kit price la baaed upon aalvaglng the locking 
nechanlsn on the present drag chute doors. 


Customer 


1. Ihbrleate & assemb le 31 kits (SP-I 918 ) 


rkit * 


2 . InetallHt loa at IR AN 3 I articles (SP-I 9 I 8 ) 


mrtlcle 


Total Cost Custoeier 

* Kit price la based xzpon salvaging the locking 
mechanism on the present drag chute doors. 



BELIVERY SCHEDULE: 


AvaHablllty of Kits: ' Ist Kit 75 days from appro v al. The badanee 
of the kits are scheduled one kit every seven . days. Kits to be 
held at the extractor *s faelUty: 

1. To install salvaged locking mechanism from old drag chute 
doors. 

2. To Insteill nev draig ehvrte doors at time of IRAN. 
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